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Genk Daniel M. Fox, Sapte, 
United States Mint,’ 
Philadelphia. 
Dear Sir? 
Enclosed please find Estimate No. 1, for work done by 
Charles McCaul under his contract for new boiler room, ae = 
You will notice item as follows: “Brick Underpinning at 
$13.50 per cubic sabaice There is no item in the contract for 
brick underpinning; but the contract provides for the engineers 
and architects allowing a just and equitable price for such work, 
the price of which is not specifically nese rene. 
In the excavation of the old foundations of the Mint, it was 
lhal~ 
discovered that it was so poor, it was absolutely unsafe to exca- 
Mn 
vate sufficient to underpin with stone. We therefore, were obliged 
to substitute brick underpinning; and the price, ($13.50) bears 
precisely the same relation to iene underpinning, as stone wall 


~ he . 


would to brick wall. We make this explanation so that you may 


understand how the price was arrived at. 


Respectfully yours, 
gee ROSNER? 0 Letters We Co 
2, 
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Wilson Brothers & Co. 

Civil Engineers and Architects, 
Philadelphia, Pa., 

May 5, 1887 


Hon. Daniel M. Fox, Supt., 
United States Mint, 
Philadelphia. 


Dear Sir: 


Enclosed please find Estimate No. 1, for work done by Charles McCaul under his 
contract for new boiler room, &c., &c. 


You will notice item as follows: “Brick Underpinning at $13.50 per cubic yard.” There is 
no item in the contract for brick underpinning; but the contract provides for the engineers and 
architects allowing a just and equitable price for such work, the price of which is not specifically 
mentioned. 


In the excavation of the old foundations of the Mint, it was discovered that it was so poor 
that it was absolutely unsafe to excavate sufficient wall to underpin with stone. We therefore, 
were obliged to substitute brick underpinning; and the price, ($13.50) bears precisely the same 
relation to stone underpinning, as stone wall would to brick wall. We make this explanation so 
that you may understand how the price was arrived at. 


Respectfully yours, 
Wilson Bro. & Co. 
D. 
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